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BILL NO. S-76-01-^^ 


. s- 


SPECIAL ORDINANCE NO 


AN ORDINANCE approving Change Order No. 1 
in connection with Washington Center Road 
Main Lowering - Water Contract 75-1 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 to Nobis-Westropp 
Construction Company, Inc. in connection with Washington Center 
Road Main Lowering, Water Contract 75-1, in the amount of $2,692.5C 
as set out in the specifications, is hereby in all things ratified 
confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and 
effect from and after its passage and approval.■'by the Mayor. 


nCouncliman 


approved AS TO FORM 

and LEiSAUT^ 










‘ Reati the first time in full and rn motion by , seconded by* 

/1oJljCMWC<b _ 5 and duly adopted; read the second time by title and referred 

to the Committee on CjVrkxQrU-Qa _{«ml"tiTe-Cttv^Plan 


rfmTm4^^^44m -fnr recommendatl apj^ nd Public — He - a - ri - na to b e-4j^ljl-ai;ter---#i7g 'notice, 


at- the Coo - ncil C -h- affibers -r 

- the -d - a.v ^ of 




olclojz k P =-M- . -? € - .-S -rlV— 

Date:_ A ^ -"1 (p 




Read the third jtime in^full and on motion by__ 
seconded by _, and duly adopted, placed on its passaae. 


Passed by the foilov/inq vote: 

AYES NAYS ABSTAINEp^ 

TOTAL VOTES S □ . 

X — 


lU-WlI 

□ 


BURNS 
HINGA 
HUNT ER 
MOSES 
NUCKOLS 
SCHMIDT, D. 

SCHMIDT, V. 

STIER 
TALARICO 
' DATE: 


X __ 

X __ 
X _ 
X _ 
X __ 

X Z 
X __ 

/-a7- 


X 


IITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 
as fZ nnina Ma X—CO^n^^rf^WAcilrieiraTTdlTT^^ rADTnTrDTi~5Tro]^’ Ordinance 

ORE-sirrutTon) No., on the_ Cp ^-^d ay , 197j^- 

OTING OFFICER 

Zrb|eh^.ed" bi^me'^0 £‘he'^Mayor of the City of Fort Wayne, Indiana', on"tHe‘ 

' ^ , at the hour of X^- clock 






Anoroved and sinned by me this ^ f d ay of 


at the hour of 





197 










































































S-76-01-32 


We, your Committee on 


REPORT OF THE COMMITTEE ON « CUT UTILITIES 
City Utilities _ to whom was referred an Ordinance 


approving Change Order No. 1 in connection with Washington Center 

Road Main Lowering - Water Contract 75-1 


have had said Ordinance under consideration and beg leave to report back to the Cpmmon 
Council that said Ordinance ^ . _ PAS,S o' 

Paul M. Bums - Chairman 


John Nuckols - Vice-Chairman 


William T. Hinga 


Fredrick R. Hunter 


Samuel J. Talarico 


CONCURRED IN 

OHARLE5 W. WESTERMAN, CITY C 































CHAKGE ORDER 


'yrc 


Change Order No. _1_ Resolution No. -::- 

Project No. 75-1 _ Board Order No. 8p-75 

Name of Projec t WASHINGTON CENTER ROAD MAIN LOWERING pat e January 2, 1976 

To; NOBIS-WESTROPP CONSTRUCTION CO., INC. _ 

(Contractor) 


Gentlemen: 

You are hereby requested to comply with the following changes from the contract plans 
and specifications: 


Item 

No. 


Description of Change 


Change in Cc 

ratract Price 

Quantity 

Description 

Unit Price 

Decrease 

Increase 

1 

750±LF 

#53 COMPACTED AGGREGATE BACKFILL 

3.59 


2,692.50 


























Total Decrease 



Total Increase 

Net (Eeiezeaaa) (Increase) Contract Price 


2,692.50 


2,692.50 


The sum of $2,692.50 _ is hereby (added to) (dHdxxss±xt««g^ the total contract price 

and the final contract price shall be adjusted as follows; 

Original Contract Price $ 

Current Contract Price Adjusted by Previous Change Order S 11,430.00 
New Contract Price Including This Change Order $ 14,122.50 


The time provided for completion in the contract for this project is (unchanged) 

(decreased) by -p- calendar days due to this Change Order. The date for completion 

of all work shall be unchanged _, Furthermore, this document shall become an 

amendment to the contract and all provisions of the contract shall apply hereto. 


Recommended by 
Accepted by:_ 
Approved by:_ 





Approved by^^ 





(Chief Water Engineer) 

.(Contractor) 

(City Engineer) 



(Chm. Bd. of Work s) 




(Member Bd. of Works ) 


Attested by: 


(Member Bd. of Works ) 

_(Clerk) 


Date_ ' X, . 

Date January 2, 1976 

Date__ 

Date_ 


Dace ViiZi 














































Change Order No._^ 


Resolution No 


Board Order No. 80-75 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: State Highway specifications substituted #53 compacted 
aggregate a s "B borrow" for this project instead of the bankrun gravel backfill 
which was bid. Contractor requires additional amount for the more expensive 
material. Street Engineerin g is also requesting placement of #53 aggregate for 
full trench depth whe re main will be lowered under existing decel lane, as this 
area will now have to be maintained thru winter. 


Will proposed change alter size of the project? Yes_ No ^ 

If yes, explain 


Affect on operation and maintenance cost of this project: 
NONE 



Engineer 




























DIGEST SHEET 


TITLE OF ORDINANCE Special Ordinance _ 

DEPARTMENT REQUESTING ORDINANCE _ Board of Public Works _ 

SYNOPSIS OF ORDINANCE Covers Change.Order #1, Water Contract 75-1 (Washington 
Center Road Main Lowering) from Nobls-Westropp Construction Company, Inc. In 
amount of $2,692.50, 

St ate Highway specification substltutedy/53 compacted aggregate as "B borrow" for 
this project Instead of the bankrun gravel backfill which was bid. Contractor 
requires additional amount for the more expensive material. Street Engineering 
Is also requesting placement of #53 aggregate for full trench depth where main 
will be lowered under existing decel lane, as this area will now have to be 
maintained thru winter. 


EFFECT OF PASSAGE Project will be completed according to State Hlshway specificati ons 


EFFECT OF NON-PASSAGE Project will not meet State Highway specifications 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) $2,692.50 


ASSIGNED TO COMMITTEE 
































